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MEMORANDUM FOR: Director, Office of Special Projects 


SUBJECT: CORONA Weekly Report, 13-17 March 


On 14 March 1967 the J-3 Data Meeting was smoothly 
conducted in accordance with the agenda distributed. Agreed 
upon improvements will be reflected in the Reports Control 
Manual. 


Mission 1039 PET Meeting was held at NPIC on 14-15 
March, There are no items of Significance other than those 
reflected in the PEIR. 


Forecast Activities: 


Webb scheduled to conduct Acceptance Inspection of 
SRV's 805/806 at GE, Philadelphia on or about 24 March 1967, 
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